Red  and  Bonita  Task 
Gold  King  Task 

Procurement/Supplies/Reservations 

Pond  Expansion  Materials 

Water  Treatment  Equipment  (pumps,  tubing) 
Water  Treatment  Media  (Caustic,  Flocculants) 
Water  Conveyance  Piping  from  Gold  King  to  RnB 

Mobilization  for  Site  Prep 

Pond  Expansion 

Remove  2014  Treatment  Solids 

Puli  Back  Back  Geotextile 

Re-grade/Expand  Pond  Base 

Raise  Berms 

Build  Internal  Berms/Spillways/Entrance  Ramp 

Replace  Geotextile 

Headgate(s)  from  Natural  Flow->4  Pond->3  Pond 
Document  Progress/Check  Elevations 


